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BILL NO. S-90-08- 2 /7 


SPECIAL ORDINANCE NO. S-— //— 


AN ORDINANCE approving 
Contract FOR PARTIAL ROOF 
REPLACEMENT AND REPAIR WORK 
FOR THE POLICE ACADEMY betveen 
S.E. JAHN COMPANY, INC. and 
the City of Fort. Wayne, 
Indiana, in connection with 
the Board of Public Works and 
Safety. 

NOV, THEREFORE, BE IT ORDAINED BY THE COMMON 
COUNCIL OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the Contract FOR PARTIAL ROOF 
REPLACEMENT AND REPAIR WORK FOR THE POLICE ACADEMY by and 
between S.E. JAHN COMPANY, INC. and the City of Fort Wayne, 
Indiana, in connection with the Board of Public Works and 
Safety, is hereby ratified, and affirmed and approved in all 
respects, respectfully for: 

the partial roof replacement 

and repair work for the Police 

Academy, 1717 South Lafayette, 

Fort Wayne, Indiana; 
involving a total cost of Nineteen Thousand One Hundred 
Dollars ($19,100.00). 

SECTION 2. Prior Approval has been requested from 
Common Council on August 28, 1990. Two copies of said 
Contract are on file with the Office of the City Clerk and 
made available for public inspection, according to law. 


SECTION 3. That this Ordinance shall be in full 


force and effect from and after its passage and any and all 


də un 2 22 2) 2 


Councilmember _ J, 


necessary approval by the Mayor. 


APPROVED AS TO FORM 
AND LEGALITY 


— 


rd mer 
J. Timot McCaulay, City Attorney 
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ATA Document A101 


Standard Form of Agreement Betvveen 
Ovvner and Contractor 


where the basis of payment is a 


STIPULATED SUM 
1987 EDITION 


THIS DOCUMENT HAS IMPORTANT LEGAL CONSEQUENCES; CONSULTATION WITH 
AN ATTORNEY IS ENCOURAGED WITH RESPECT TO ITS COMPLETION OR MODIFIGATION. 


The 1987 Edition of AIA Document A201, General Conditions of the Contract for Construction, is adopted 
in this document by reference. Do not use with other general conditions unless this document is modified. 


This document has been approved and endorsed by The Associated General Contractors of America. 





AGREEMENT 


made as ofthe tventy-second (22nd) day of August in the year of 
Nineteen Hundred and ninety (1990) 


BETVVEEN the Ovvner: The City of Fort Vayne 

(Name and address) through the Board of Public Works 
One Main Street 
Fort Wayne, Indiana 46802 


and the Contractor: S.E. Jahn Company, Inc. 
(Bamaignd address) 1021 East Wallace Street 
Fort Wayne, Indiana 46803 


The Project is: Partial Roof Replacement and Repair Work for the Police 
Academy, 1717 South Lafayette Street, Fort Wayne, 
Indiana 46802. 


(Name and location) 


The Architect is: Grinsfelder Associates Architects, Inc. 
(Name and address) 903 West Berry Street 
Fort Wayne, Indiana 46802 


The Owner and Contractor agree as set forth below. 





Copyright 1915, 1918, 1925, 1937, 1951, 1958, 1961, 1963, 1967, 1974, 1977, ©1987 by The American Institute of Archi- 
tects, 1735 New York Avenue, N.W., Washington, D.C. 20006. Reproduction of the material herein or substantial quotation 
of its provisions without written permission of the AIA violates the copyright laws of the United States and will be subject to 
legal prosecution. 





AIA DOCUMENT A101 * OWNER-CONTRACTOR AGREEMENT * TWELFTH EDITION ә АЈАЗ ә ©1987 
THE AMERICAN INSTITUTE OF ARCHITECTS, 1735 NEW YORK AVENUE, N.W., WASHINGTON, D.C. 20006 A101-1987 1 


ARTICLE 1 
THE CONTRACT DOCUMENTS 
The Contract Documents consist of this Agreement, Conditions of the Contract (General, Supplementary and other Conditions), 
Dravvings, Specifications, Addenda issued prior to execution of this Agreement, other documents listed in this Agreement and 
Modifications issued after execution of this Agreement, these form the Contract, and are as fully a part of the Contract as if attached 
to this Agreement or repeated herein. The Contract represents the entire and integrated agreement between the parties hereto and 
supersedes prior negotiations, representations or agreements, either written or oral. An enumeration of the Contract Documents, 
other than Modifications, appears in Article 9. 


ARTICLE 2 
THE WORK OF THIS CONTRACT 


The Contractor shall execute the entire Work described in the Contract Documents, except to the extent specifically indicated in 
the Contract Documents to be the responsibility of others, ør rscfollews: 


ARTICLE 3 
DATE OF COMMENCEMENT AND SUBSTANTIAL COMPLETION 
3.1 The date of commencement is the date from which the Contract Time of Paragraph 3.2 is measured, and shall be the date of 
this Agreement, as first written above, unless a different date is stated below or provision is made for the date to be fixed in a notice 


to proceed issued by the Owner. 
(Insert the date of commencement, if it differs from the date of this Agreement or, if applicable, state that the date will be fixed in a notice to proceed.) 


within 60 calendar days of the signing of the Contract, weather permitting. 


Unless the date of commencement is established by a notice to proceed issued by the Owner, the Contractor shall notify the 
Owner in writing not less than five days before commencing the Work to permit the timely filing of mortgages, mechanic’s liens 
and other security interests. 


3.2 The Contractor shall achieve Substantial Completion of the entire Work not later than 


(Insert the calendar date or number of calendar days after the date of commencement. Also insert any requirements for earlier Substantial Completion of cer- 
tain portions of the Work, if not stated elsewhere in the Contract Documents.) 


sixty (60) calendar days, weather permitting. 


, Subject to adjustments of this Contract Time as provided in the Contract Documents. 


(Insert provisions, if any, for liquidated damages relating to failure to complete on time.) 
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ARTICLE 4 
CONTRACT SUM 


4.1 The Owner shall pay the Contractor in current funds for the Contractor's performance of the Contract the Contract Sum of 
nineteen thousand one hundred and no hundredths Dollars 
($ 19,100.00 ), subject to additions and deductions as provided in the Con- 
tract Documents. 

4.2 The Contract Sum is based upon the following alternates, if any, which are described in the Contract Documents and are 
hereby accepted by the Ovvner: 


(State the numbers or other identification of accepted alternates. If decisions on other alternates are to be made by the Owner subsequent to the execution of 
this Agreement, attach a schedule of such other alternates showing the amount for each and the date until which that amount is valid.) 


Principal Bid Sum Number One (#1) 

All of the roofing, metal deck work and miscellaneous 

construction work required for the completion of 

Roof Area A only. $19,100.00 





(The cost for Informative Bid Number One and the Performance and Material 
Payment Bond is included in the Principal Bid Sum.) 


4.3 Unit prices, if any, are as follows: 


The unit prices below shall determine the value of extra work or changes in the 
work, as applicable. . It shall be considered complete and shall include all 
material and equipment, labor, installation costs, overhead and profit. Unit 
prices shall be used uniformly for additions or deductions. 


1. Unit Price #1 
The removal and replacement of damaged or dryrotted wood nailers and blocking 


with wolmanized treated wood. The cost per lineal foot based on a 2 x 8 
dimension for the sum of $3.50 per lineal foot. 


2. Unit Price #2 
The removal and replacement of the existing built-up roof system and roof 


insulation including all flashing and incidental roof items as specified 
herein. The cost per square or 100 square foot area for the sum of $579.00 
per square. 
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ARTICLE 5 
PROGRESS PAYMENTS 


5.1 Based upon Applications for Payment submitted to the Architect by the Contractor and Certificates for Payment issued by the 
Architect, the Ovvner shall make progress payments on account of the Contract Sum to the Contractor as provided belovv and 
elsewhere in the Contract Documents. 

5.2 The period covered by each Application for Payment shall be one calendar month ending on the last day of the month xxx xx 


Тонга: 


5.3 Provided an Application for Payment is received by the Architect not later than the 

fifty (5th) day of a month, the Owner shall make payment to the Contractor not later than 
the thirtieth (30th) day of the same month. If an Application for Payment is received by the 
Architect after the application date fixed above, payment shall be made by the Owner not later than 

days after the Architect receives the Application for Payment. 

5.4 Each Application for Payment shall be based upon the Schedule of Values submitted by the Contractor in accordance with 
the Contract Documents. The Schedule of Values shall allocate the entire Contract Sum among the various portions of the Work 
and be prepared in such form and supported by such data to substantiate its accuracy as the Architect may require. This Schedule, 
unless objected to by the Architect, shall be used as a basis for reviewing the Contractor's Applications for Payment. 
5.5 Applications for Payment shall indicate the percentage of completion of each portion of the Work as of the end of the period 
covered by the Application for Payment. 
5.6 Subject to the provisions of the Contract Documents, the amount of each progress payment shall be computed as follows: 
5.6.1 Take that portion of the Contract Sum properly allocable to completed Work as determined by multiplying the percentage 
completion of each portion of the Work by the share of the total Contract Sum allocated to that portion of the Work in the 


Schedule of Values, less retainage of ten percent 
10 93). Pending final determination of cost to the Owner of changes in the Work, amounts not in dispute may be 


included as provided in Subparagraph 7.3.7 of the General Conditions even though the Contract Sum has not yet been adjusted by 
Change Order, 

5.6.2 Add that portion of the Contract Sum properly allocable to materials and equipment delivered and suitably stored at the 
site for subsequent incorporation in the completed construction (or, if approved in advance by the Owner, suitably stored off the 
site at a location agreed upon in writing), less retainage of ten 

percent ( 10 %); 

5.6.3 Subtract the aggregate of previous payments made by the Owner; and 

5.6.4 Subtract amounts, if any, for which the Architect has withheld or nullified a Certificate for Payment as provided in Para- 
graph 9.5 of the General Conditions. 

5.7 The progress payment amount determined in accordance with Paragraph 5.6 shall be further modified under the following 
circumstances: 


5.7.1 Add, upon Substantial Completion of the Work, a sum sufficient to increase the total payments to 
ninety-five percent ( 95 %) of the Contract 


Sum, less such amounts as the Architect shall determine for incomplete Work and unsettled claims; and 
5.7.2 Add, if final completion of the Work is thereafter materially delayed through no fault of the Contractor, any additional 
amounts payable in accordance with Subparagraph 9.10.3 of the General Conditions. 


5.8 Reduction or limitation of retainage, if any, shall be as follows: None. 


(Af it is intended, prior to Substantial Completion of the entire Work, to reduce or limit the retainage resulting from the percentages inserted in Subpara- 
graphs 5.6.1 and 5.6.2 above, and this is not explained elsewhere in the Contract Documents, insert bere provisions for such reduction or limitation.) 
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ARTICLE 6 
FINAL PAYMENT 


Final payment, constituting the entire unpaid balance of the Contract Sum, shall be made by the Owner to the Contractor when (1) 
the Contract has been fully performed by the Contractor except for the Contractor's responsibility to correct nonconforming 
Work as provided in Subparagraph 12.2.2 of the General Conditions and to satisfy other requirements, if any, which necessarily 
survive final payment; and (2) a final Certificate for Payment has been issued by the Architect; such final payment shall be made by 
the Owner not more than 30 days after the issuance of the Architect's final Certificate for Payment, mxasxfaliosss: 


ARTICLE 7 
MISCELLANEOUS PROVISIONS 
7.1 Where reference is made in this Agreement to a provision of the General Conditions or another Contract Document, the ref- 
erence refers to that provision as amended or supplemented by other provisions of the Contract Documents. 


7.2 Payments due and unpaid under the Contract shall bear interest from the date payment is due at the rate stated below, or in 
the absence thereof, at the legal rate prevailing from time to time at the place where the Project is located. 


(Insert rate of interest agreed upon, if any.) 


(Usury laws and requirements under the Federal Truth in Lending Act, similar state and local consumer credit laws and other regulations at the Owner's and 
Contractor's principal places of business, the location of the Project and elsewhere may affect the validity of this provision. Legal advice should be obtained 
with respect to deletions or modifications, and also regarding requirements such as written disclosures or waivers.) 


7.3 Other provisions: 


None. 


ARTICLE 8 
TERMINATION OR SUSPENSION 
8.1 The Contract may be terminated by the Owner or the Contractor as provided in Article 14 of the General Conditions. 
8.2 The Work may be suspended by the Owner as provided in Article 14 of the General Conditions. 
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ARTICLE 9 
ENUMERATION OF CONTRACT DOCUMENTS 


9.1 The Contract Documents, except for Modifications issued after execution of this Agreement, are enumerated as follows: 


9.1.1 The Agreement is this executed Standard Form of Agreement Between Owner and Contractor, AIA Document A101, 1987 
Edition. 


9.1.2 The General Conditions are the General Conditions of the Contract for Construction, AIA Document A201, 1987 Edition. 
9.1.3 The Supplementary and other Conditions of the Contract are those contained in the Project Manual dated 


güne 29, 1990 , and are as follovvs: 
Document Title Pages 
Article 1.1.1. The Contract Documents SC-1 
Article 1.1.2. The Contract SC-1 
Article 1.1.3. The Work SC-1 
Article 1.1.4. The Project SC-1 
Article 1.2. Execution, Correlation & Intent SC-1 
Article 2.15 The Owner SC-1 
Article 3.9. Superintendent SC-1 through SC-2 
Article 3.13. Use of Site SC-2 
Article 3.14. Cutting and Patching of Work SC-2 
Article 4.1. Architect SC-2 
Article 5.2. Award of Subcontracts SC-2 
Article 9.2. Schedule of Values SC-2 
Article 9.3. Application for Payment SC-2 
Article 9.10. Final Completion/Final Payment SC-2 


Continued on Attachment A. 


9.1.4 The Specifications are those contained in the Project Manual dated as in Subparagraph 9.1.3, and are as follows: 
(Eitber list tbe Specifications bere or refer to an exbibit attached to tbis Agreement.) 


Section Title Pages 

Section 01010 Summary of Work 01010-1 through 01010-3 
Section 01040 Project Coordination 01040-1 through 01040-3 
Section 01045 Cutting & Patching 01045-1 through 01045-2 
Section 01090 Definitions & Standards 01090-1 through 01090-3 
Section 01300 Submittals 01300-1 through 01300-4 
Section 01500 Temporary Facilities 01500-1 through 01500-2 
Section 01700 Project Closeout 01700-1 through 01700-2 
Section 02070 Selective Demolition 02070-1 through 02070-4 
Section 04200 Unit Masonry 04200-1 through 04200-2 
Section 05300 Metal Decking 05300-1 through 05300-2 
Section 06100 Rough Carpentry 06100-1 through 06100-2 
Section 07511 Built-Up Asphalt Roofing 07511-1 through 07511-10 
Section 07600 Flashing and Sheet Metal 07600-1 through 07600-3 
Section 07900 Joint Sealers 07900-1 through 07900-2 
Section 09900 Painting 09900-1 through 09900-2 
Section 10000 Miscellaneous Work 10000-1 
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Document 


Article 11. 
Article 11.3. 
Article 11.4. 
Article 13.1. 
Article 15. 
Article 16. 


Attachment A 
Title 


Insurance 

Property Insurance 
Performance Bond/Payment Bond 
Governing Lav 

Specifications Explanation 
Manufacturer"s Directions 


Page 


SC-3 through SC-4 
SC-4 
SC-4 
SC-5 
SC-5 
SC-5 


9.1.5 The Dravvings are as follovvs, and are dated June 29, 1990 unless a different date is shown below: 
(Either list the Drawings bere or refer to an exhibit attached to this Agreement.) 


Number Title Date 

1 through 2 Key Note Legend June 29, 1990 

A-1 Roof Plan June 29, 1990 

A-2 Parapet Flashing Detail/ June 29, 1990 
Chimney Flashing Detail 

A-3 Dividing Parapet Details (2) June 29, 1990 

A-4 Vent Pipe Flashing Detail/ June 29, 1990 
Gutter Detail 

A-5 Equipment Support Detail/ June 29, 1990 
Pipe Support Detail 

A-6 Metal Deck Detail/ June 29, 1990 
Dividing Parapet Detail 

A-7 Reflected Ceiling Plan June 29, 1990 


9.1.6 The Addenda, if any, are as follows: 
Number Date Pages 


Addendum Number One (#1) July 20, 1990 1 page 


Portions of Addenda relating to bidding requirements are not part of the Contract Documents unless the bidding requirements are 
also enumerated in this Article 9. 
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9.1.7 Other documents, if any, forming part of the Contract Documents are as follows: 


(List bere any additional documents which are intended to form part of the Contract Documents. The General Conditions provide that bidding requirements such 


as advertisement or invitation to bid, Instructions to Bidders, sample forms and the Contractor's bid are not part of the Contract Documents unless enumerated 
in tbis Agreement. They sbould be listed bere only if intended to be part of tbe Contract Documents.) 


1. Proposal dated July 25, 1990. 


2. Bid Bond issued by Amwest Surety Insurance Company dated July 23, 1990. 


3. Bidder/Vendor Anti-Apartheid Certification dated July 25, 1990. 
4. Certification of Non-Segregated Facilities dated July 25, 1990. 
5. Certificate in lieu of Financial Statement dated July 25, 1990. 
6. Emerging Business Enterprise Commitment Form. 

7. Street Barricade Maintenance Information. 

8. Contractor's Bid for Public Work dated July 25, 1990. 

9, 


Financial Statement for S.E. Јаһп Company, Inc. for years ended 12/31/88 6 12/31/89. 
10. Certificates of Insurance. 


11. Performance and Material Payment Bond. 


şr 
Бә 
Var 


ED (О 


Å 


О 


ј 
a 
Board of Public Werks £ Safety 


APPR 





This Agreement is entered into as of the day and year first written above and is executed in at least three original copies of which 


one is to be delivered to the Contractor, one to the Architect for use in the administration of the Contract, and the remainder to the 
Owner. 


City of Fort Wayne 


S.E. Jahn Company, Inc. 


CONTRAÇTOR 1021 East Wallace Street 
8 Fort Wayne, IN 46803 : å 
er Å på 


(Signature) 









(Signature) 


Charles Layton, Chairman 


Steven E. Jahn, President 
(Printed name and title) 


(Printed name and title) 
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ə BE кы UTS ans gəh 


INSTRUCTION SHEET 20000 te 
FOR AIA DOCUMENT A101, STANDARD FORM OF AGREEMENT BETWEEN OWNER AND' 
CONTRACTOR where the Basis of Payment is a STIPULATED SUM—1987 EDITION ` ”” 









GENERAL INFORMATION 





A. 





1. Purpose i i : —. PASEN APEE ERS sie 
AIA Document A101 is intended for use on construction projects where the b basis of payment is a ар sum n (fixed Price). It is 
suitable for any arrangement betvveen də Owner and Contractor where hee cost has been set in advance, either by 
negotiation. EA i FG eae ad Ne tyster 


2. Related Documents 
This document has been prepared for use in conjunction with the 1987 edition of AIA Document 4201, G 
Contract for Construction, which is adopted into A101 by a specific reference. This integrated set of docume: H 
projects; however, for projects of limited scope, use of AIA Document A107 may be considered, y 


The A101 document may be used as one part of the Contract Documents which record the Con 
Owner and the Contractor. The other Contract Documents are: E 


General Conditions (i.e., A201) A ir, HER HE Ne 
Supplementary Conditions s : 
Dravvings 

Specifications . 

Modifications ° : ; 





















tig contracting parties be 
document, specific 


especially notified that the written contract congins 
ior to signing the 


placement of the arbitration provision within Ri 
document. : А 
Arbitration provisions have been include j i B “in order te EN alternative dispute resolu- 
2 AR when the parties choose to 
ovisions based upon their busi- 
itration Rules, write the American 





adopt arbitration into their co: 
ness decisions with the advie 








) 


eements and other contract forms which they prepare. 
ich they are being substituted before execution atan 






SOR 


meni are pa discoura AIA, as is the performance of a part or the whole of the Work on the 


A 5. forms have been developed through more than seventy- 







List to determine the current edition of each document. 








` 7. Limited License for Reproduction . A əsib. A 
ATA Document A101 is a copyrighted work and may not be reproduced or excerpted from in substantial part without the express 
written permission of the AIA. The A101 document is intended to be used as a consumable—that is, the original document pur- 
chased by the user is intended to be consumed in the course of being used. There is no implied permission to reproduce this docu- 
ment, nor does membership in The American Institute of Architects confer any further rights to reproduce them. 


A limited license is hereby granted to retail purchasers to reproduce a maximum of ten copies of a completed or executed A101, but 
only for use in connection with a particular Project. A101 may not be reproduced for Project Manuals. Rather, if a user wishes to 
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include it as an example in a Project Manual, the normal practice is to purchase a quantity of the pre-printed forms and bind one in 
each of the Project Manuals. Partial modifications, if any, may be accomplished vvithout completing the form by using separate Sup- 
plementary Conditions. 4 KP SRG AY j. Å HENG NTN AY 

Upon reaching agreement concerning the Contract Sum and other conditions, the form may be removed from the manual and such 
information, except for the signatures, may be added to the blank spaces of the form. The user may then reproduce up to ten 
copies to facilitate the execution (signing) of multiple original copies of the form, or for other administrative purposes in connection 
with a particular Project. Please note that at least three original copies of A101 should be signed by-the parties as required by the last 
provision of A101. Š 4 a Beja : 

























B. CHANGES FROM THE PREVIOUS ЕОГПОМ 





1. Format Changes 5 2100” 4 5557 
Two new articles have been added: Article 8, Termination or Suspension; and Article 9, Enumeration of 
2. Changes in Content r ON ag Å ә 
The 1987 edition of A101 revises the 1977 edition to reflect changes made in the most recent (15 


porates alterations proposed by architects, contractors, owners and professional consultants. The 
cant changes made to the contents from the 1977 edition of A101: 6 LAR üm 


Article 1: A specific statement has been added that the Contract represents the entire agree 3% ities, supersed- 
ing previous negotiations and writings. ` Rea BE h EEG y ; 


Article 2: Space has been provided to describe any exceptions to the descrip 
Article 3: in the title of this article, “Time of Commencement” has been 
Article 4: Space has been provided for insertion of the amounts relating ta 


Article 5: The Progress Payments article has been substantially rewrite 
on how and when payments shall be calculated and applied fo! 


Article 6: Further details have been added to clarify the condition 
ge 


Article 7: The reference to definitions contained in the. 
ment is now specifically adopted by reference under Arti 
5 


Article 8: This is a new article containing references to the 











på š: 6 I 
eral Conditions. Dr : 
Phocument are exp! citly enumerate Ç 


14 DU ipcluding the Supple- 
4 
På “ә 


uted О 


Article 9: This article is nevv. The А101 Docufnent’and the A20 
Documents. Spaces are provided for information 5) ically identi fying the oth 
mentary Conditions, Specifications, Drawings and Addehdact op $ 

Signature Page: It is noted above the sign: ture lines that this: greement dé eec 
instructions pertaining to Limited nse fi ction. 5 


4 > 
1. Prospective bidders should.be informed of any ‘additional р 
or provisions fori tored:material5,: y añ appropriate ngu 


ди 































C. COMPLETING THE A101 FORM ` 









2. Modifications n 


Users are encouraged to onean attorney befor 3 
laws, dutieğimposed by building codes, interest chargesyarbitra 
with the assistance of legal counsel to fully compl “with state 
EEE 2 å gə Hs 
Génerally, necessary modifications may be acéomplished 
Fon the forme By Supplementary Conditions, special conditions or amendments included in the Project Manual and referenced in 
this document. 1 e rm may also be modified by, striking’ ‘out language directly on the original pre-printed form. Care must be 
ken in making these kinds of deletions, however. Urider NO circumstances should pre-printed language be struck out in such a 
as to fehder it illegible (as, for example, with blocking tape, correction fluid or X’s that completely obscure the text). This may 
e yuspicions of fraudulent concealment or suggest that the completed and signed document has been tampered with. Handwrit- 
gés should be initialed by both parties to the contract. | 


It is definitely not recommended practice to retype the standard document. Besides being outside the Limited License for Repro- 
duction granted under these Instructions, retyping can introduce typographical errors and cloud the legal interpretation given to 2 
standard clause when blended with modifications. E : HEEG ar ytet 

Retyping eliminates one of the principal advantages of the standard form documents. By merely reviewing the modifications to be 
made to a standard form document, parties familiar with that document can quickly understand the essence of the proposed rela- 
tionship. Commercial exchanges are greatly simplified and expedited, good-faith dealing is encouraged, and otherwise latent 
clauses are exposed for scrutiny. In this way, contracting parties can more fairly measure their risks. 





document. Particularly with respect to contractor's licensing 
аһа indemnification, this document may require modification 
r İocal laws regulating these matters. 2 : 


iting or typing the appropriate terms in the blank spaces provided 













3. Cover Page 2 ј : —- 
Date: The date represents the date the Agreement becomes effective. It may be the date that an oral agreement vvas reached, the 
date the Agreement was originally submitted to the owner, the date authorizing action was taken or the date of actual execution. It 
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will-be the date from which the Contract Time is measured unless a different date is inserted under Paragraph 3,155: 
Identification of Parties: Parties to this Agreement should be identified using the full address and legal name under which the 
Agreement is to be executed, including a designation of the legal status of both parties (sole proprietorship, partnership, joint ven- 
ture, unincorporated association, limited partnership or corporation [general, closed or professional], etc.). Where appropriate, a 
copy of the resolution authorizing the individual to act on behalf of the firm'or entity should be attached. 

Project Description: The proposed Project should be described in sufficient detail to identify (1) the official name or title of the 
facility, (2) the location of the site, if known, (3) the proposed building type and usage, and (4) . size, capacity or scope of the 
Project, if known. , 9; narei 
Architect: As in the other Contract Documents, the Architect's full legal or corporate titles should be used. 


konli 










4. Article 1—The Contract Documents : — "ŞOU 
The Contract Documents must be enumerated in detail in Article 9. The Contractor's bid itself may be inco 
.tract; similarly, other bidding documents, bonds, etc., may be “ə especially in public ; work 

İ os sg 
5. Article 2—The Work of This Contract r ə dt 
Portions of the Work which are the responsibility of persons other than the Contractor and vvl 
cated should be listed here. 





6. Article 3—Date of Commencement and Substantial Completion 
The following items should be included as appropriate: 
Paragraph 3.1 
The date of commencement of the Work should be inserted if it is different fro: 
than the date of execution (signing) of the Contract. After the first sentence, “eni 
Work, or if a notice to proceed is to be used, enter the sentence, “The date of éom 
procced.” When time of performance is to be strictly enforced, the-stafi sept of st: 


Paragraph 3.2 
The time within which Substantial Completion of the Work is t 
calendar days) or as a specified date. Any requirements fo) 
entered here if not specified elsewhere in the Contract 


rekment. It should not be earlier 
the specific date of commencement of the 
ent shall be stipulated by the notice to 
e should be carefully weighed. 


so; m 















Ümber of days (preferably 
of the Work should be 


are not a penalty to be 
construction is not 
result in actual oss to the Owner, 
r the Agreement. Factors such as 
ill:help determine the location 


Also insert any provisions for liquidated damages Һә t 
uda onthe Contract tor, but must bear an actual å 









s attorney, may be as follows: 






f the sums hereinafter stipulated 


The Contractor and the contractor! s surety, 
y anə + Dollars 


as liquidated damages for each calendar y 
($ ). 


For further information on liqui 
Conditions, P: agidı HD. 11. 

















ayab! le to the Cc firactorg 


ba kö, a b y 
5 described in the Contract Docum d accepted by the Owner. If decisions on alternates are to be made 
tion of A101, attach a schedu qa the amount of each alternate and the date until which that amount 15 


EG 





ҹ En ny ñit prices, cash allowances or cash contingency allowances. . . E SS : 
ти are not covered in greater detail elsevvhere in the Contract Documents the following provision for unit prices is 


suggested: ә 
The unit prices listed below shall determine the value of extra Work or changes in the Work, as applicable. They shall be con- 
sidered complete and shall include all material and equipment, labor, installation costs, overhead and prone Unit prices shall 
be used uniformly for additions or deductions. š 

Specific allowances for overhead and profit on Change Orders may be МА under this paragraph I to forestall disputes over 


future Change Order costs. i Big 





8. Article 5—Progress Payments .. : ват Yə 


Paragraph 5.2 
Insert the time period covered by each Applicadon for Payment if it differs from the one given. 


WES gu båt 
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will be the date from which the Contract Time is measured unless a different date is inserted under Paragraph ER 
Identification of Parties: Parties to this Agreement should be identified using the full address and legal name under which the 
Agreement is to be executed, including a designation of the legal status of both parties (sole proprietorship, partnership, joint ven- 
ture, unincorporated association, limited partnership or corporation [general, closed or professional], etc.). Where appropriate, a 
copy of the resolution authorizing the individual to act on behalf of the firm or entity should be attached. 7-7 

Profect Description: The proposed Profect should be described in sufficient detail to identify (1) the “official name or title of the 
facility, (2) the location of the site, if known, (3) ДӘ proposed pulong type and 55 and (4) the size, capacity or scope of the 
Project, if known. к hs ae ok esd 

Architect: As in the other Contract Documents, the Architect’s full legal or corporate titles should be used. 










4. Article 1—The Contract Documents i әбу relay 
The Contract Documents must be enumerated in detail in Article 9. The Contractor's bid itself may be inco! 
.tract; similarly, other bidding documents, bonds, etc., may be incorporated, aren in public work, 

- Å + Hj 





5. Article 2—The Work of This Contract i 
Portions of the Work which are the responsibility of persons other than ihe Contractor and whi 
cated should be listed here. 


6. Article 3—Date of Commencement and Substantial Completion 
The following items should be included as appropriate: 
Paragraph 3.1 
The date of commencement of the Work should be inserted if it is different fro 


than the date of execution (signing) of the Contract. After the first sentence, 
Work, or if a notice to proceed is to be used, enter the sentence, “The date’ oftomm 
proceed.” When time of performance is to be strictly enforced, the-statef t of starti 
Paragraph 3.2 . eu : 
The time within which Substantial Completion of the Work is t E may be expressed 254 per of days (preferably 
calendar days) or as a specified date. Any requirements fo earlier! mpletion of pörti yi of the Work should be 
entered here if not specified elsevvhere in the Contract Dözüm 5 ; å 


tment. It should not be earlier 
¡Cate of commencement of the 
ent shall be stipulated by the notice to 
e should be carefully weighed. = m 


ә a. ә 























Also insert any provisions for liquidated damages relating tc Dili O CO! np! ес ( å are not a penalty to be 

inflicted on the Contractor, but must bear an actual d reasonably. pia Telationship t , thé Owner's "if construction is not 

completed on time. If liquidated damages are to be d because delayed construétion will result in å tual loss to the Owner, 

the amount of damages due for each day lost. should bi red a the gruppene с ditióndor the Agreement, Factörs such as 

confidentiality or the need to inform Subco 4 Å es will 
су 


chosen. 
ə 


















The provision for liquidated camag 





For further mins quidated”damages, Penalties jd bont pla 
ll. Sy š ‘ 






d accepted by the Owner. If decisions on alternates are to be made 
the amount of each alternate and the date until which that amount is 





ue 


The unit prices listed below shall determine the value of extra Work or changes in the work, as applicable: They shall аја соп “` š 
‘sidered complete and shall include all material and equipment, labor, installation costs) 5 and pulu Unit prices shall. y 
be used uniformly for additions or deductions. 2 2 
Specific allowances for overhead and profit on Change Orders may be included under this Paragraph to forestall disputes over =: 
future Change Order costs. : Å 













8. Article 5—Progress Payments 


Paragraph 5.2 2 
Insert the time period covered by each Application for Payment if it differs kom the one given. 
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10. 


Paragraph 5.3. Ы : ити 

Insert the time schedule for presenting Applications for Payment, Insert the day of the month progress payments are due, indicating 
whether such day is to be in the same or the following month after receipt by the Architect of the relevant Application for Payment. 
The last day upon which Work may be included in an Application should normally be no less than 14 days prior to the payment 
date, in consideration of the 7 days required for the Architect's evaluation of an Application and issuance of a Certificate for Pay- 
ment and the time subsequently accorded the Owner to make payment in Article 9 of A201. The Contractor may prefer a few addi- 
tional days to prepare the Application. Ë : sans : - 

Due dates for payment should be acceptable to both the Owner and Contractor. They should allow sufficient time for the Contrac- 
tor to prepare an Application for Payment, for the Architect to certify payment, and for the Owner to make payment. They should 
also be in accordance with time limits established by this Article and Article 9 of A201. Å 
































Subparagraph 5.6.1 : 2 r 

Indicate the percent retainage, if any, to be withheld when computing the amount of each progress payment. 

The Owner frequently pays the Contractor 90 percent of the earned sum when payments fall due, retaining 10 perc ensure 
faithful performance. These percentages may vary with circumstances and localities. The AIA endorses th tice О sing 


retainage as rapidly as possible, consistent with the continued protection of all affected parties. See AIA Doc 
Supplementary Conditions, for a complete discussion. Киа 
Subparagraph 5.6.2 

Insert any additional retainage to be withheld from that portion of the Contract Sum allocable ti 
the site. ки 
Payment for materials stored off the site should be provided for in a specific agreement a 
sions regarding transportation to the site and insurance protecting Ovvner”s interests sh 


Subparagraph 5.7.1 . ef 
Enter the percentage of the Contract Sum to be paid to the Contractor upon 


Paragraph 5.8 ç 
Describe any arrangements to reduce or limit retainages indicated in Subpa: 
the Contract Documents. š å 1 

A provision for reducing retainage should provide that the reductiof 
gressing satisfactorily. If the Contractor has furnished a bond, déi 
relcase of retainage must be provided before such reductio енә 


Article 6—Final Payment 
insert the date by vvhich Ovvner shall make final på 


When final payment is requested, the Architect shöt 
remain unsettled. The Architect should obtainttHi@gor 
to the best of the Architect's knowledge aiid he 
fulfilled. 


Article 7—Miscellaneous Prov) 


Paragraph 7.2 , 
Enter any agreed-upon in e €: 


Paragraph 7.3 







b 





xç executed in not less than triplé byythe Owner and the Contractor. Each person executing the Agreement 
city in which they are acting (5,657 president, secretary, partner, etc.) and the authority under which they are 
3 Agreement. Where appropriate, a copy of the resolution authorizing the individual to act on behalf of the firm or entity 
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PARTIAL ROOF REPLACEMENT & REPAIR FOR POLICE ACADEMY 3 6/90 


PROPOSAL July 25 , 1990 





To: City of Fort Wayne - Board of Public Works 
One Main Street 
Fort Wayne, Indiana 46802 


For: Partial Roof Replacement and Repair Work 


The undersigned proposes to furnish all labor, materials, equipment, transportation and services 
required for the partial roof replacement, partial metal deck replacement, general, mechanical, 
electrical and plumbing construction for the roof above the Police Academy located at 1717 South 
Lafayette Street, Fort Wayne, Indiana 46803, as described below and according to the drawings 
and specifications prepared by Grinsfelder Associates Architects, Inc., 903 West Berry Street, Fort 
Wayne, Indiana 46802; our bid being as follows: : 


Principal Bid Sum Number One (41) 


All of the roofing, metal deck work and miscellaneous construction work required for the 
completion of Roof Area A only for the sum of: 


Nånéteen-Thousand one Hündroqi >. Fo. dr. GONG АМР 
and 509. keen do 25 OO dollars: 


(amount in words) 


$19,100.00 5 


(amount in figures) 


Principal Bid Sum Number Two (#2) 


ll of the roofing, metal deck work and miscellaneous construction work required for the 
completion of Roof Areas A and B for the sum of: 


e Th an wo Hundre ift 


and 00 555 1068 /100 dollars, 








(amount in vvords) 


$31,250.00 
(amount in figures) 





Roofing System Identification: 
The following manufacturer will be used for the partial roof replacement on the Police Academy: 


GAF Building Corporation 


Informative Bid Number One (#1) - To be included in the Principal Bid Sum 
The cost of a 20 year Owens Corning Fiberglas Corporation, GAF or Manville built-up roofing 
guarantee, four ply Type 6 fiberglas asphalt felts as shown and specified for the sum of: 


One Thousand 





and 00 /100 dollars. 





(amount in words) 


$1,000.00 å 
(amount in figures) 
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Unit Price 

The follovving item represents a unit cost. This cost includes all labor, materials, freight, 
overhead, profit and other incidental expenses related to the vvork. This cost shall be used 
uniformly for additions to the work specified. 


Unit Price Number One (1) 
The removal and replacement of damaged or dryrotted wood nailers and blocking with wolmanized 
treated wood. The cost per lineal foot based on a 2 x 8 dimension for the sum of: 


Three 








and 50 /100 dollars (per lineal foot). 


(amount in vvords) 


$ 3.50 (per lineal foot). 


(amount in figures) 


Unit Price Number Two (2) 

The removal and replacement of the existing built-up roof system and roof insulation including all 
flashing and incidental roof items as specified herein. The cost per square or 100 square foot area 
for the sum of: 


Five Hundred Seventy Nine 





and 00 /100 dollars (per square). 


(amount in words) 


$ 579.00 (per square). 


(amount in figures) 


Performance Bond 

The Owner will require a Performance Bond and Payment of Labor and Materials Bond in amount 
of 100% of Bid Sum in form of bond satisfactory to Owner and Architect. The cost for the 
Performance Bond and Payment of Labor and Material Bond will be: 


Seven Hundred Sixty Five 
and 00 /100 dollars. 


(amount in vvords) 


5. 765.00 . 


(amount in figures) 
Note: Above cost for Bond shall be included in Bid Sum. 


Addenda 

The undersigned hereby acknovvledges receipt of the follovving Addendum (Addenda) covering 
revisions to the drawings and/or specifications, the cost of such revisions, if any, being included in 
the Bid Sum quoted above: 


Addendum No. 1 Dated 7/20/90 





Addendum No. Dated 
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Taxes 
The undersigned, by his signature below, acknovvledges that the above Bid Sum includes all taxes 
of any nature to be Incurred by reason of the proposed work. 





Completion Time ; ie 
The undersigned agrees to begin work within 60 calendar days after the execution 


of the Contract and to pursue work to "Substantial Completion" suitable for occupancy within 
60 calendar days, barring acts of God, fire, civil strife or similar calamities. 


Guarantee of Prices 

The undersigned agrees to guarantee prices stated in this Proposal for sixty (60) consecutive 
calendar days from the submittal date, and agrees to enter into formal Agreement with the Owner to 
perform the above stated work for the above stated Bid Sum at any time within this period should 
he be notified or award. 


Substitutions 

Bidder will list below or on signed, attached letterhead any materials, equipment or methods 
proposed as substituted for those shown or specified. Show change in price (plus or minus) from 
Bid Sum for each item listed, or mark "no price change" if such be the case. Bidders, in signing 
their Proposals, agree to furnish materials, equipment and methods as shown and made part of 
written Owner-Contractor Agreement. 


Legal Status of Bidders 
Undersigned bidder will receive served or mailed communications at the following legal address: 



































Street 1021 E. Wallace Street 
City Ft. Wayne State IN Zip 46803 Phone 219-456-3494 
Undersigned declares his legal status as: oxu... 
Sole Proprietor Partnership Corporation 
Organized under the lavvs of the State of, Indiana 
Names and Addresses of all Persons 
who are parties to this Proposal: This Proposal submitted by: 
— Steven E. Jahn, President $. E. Jahn Co., Inc. 
(name) (title) (firm name) 
1021 E. Wallace Street, SØLE = - = - 
(address) Ft. Wayne, IN 46803 (signature) (title) 
Roger L. Rausch, Project Manager —— 4 å 
(name) (title) (signature) (title) 
1021 E. Wallace Street, 
(address) Ft. Wayne, IN 40803 (signature) (title) 
Signed and sealed this 25 day of July , 1990. 
END PROPOSAL 


GAA PROPOSAL P-3 





BID DATE: 7/25/90. 


“TOBE EXECUTED BY BIDDER AND SURETY COMPANY BEFORE DEPOSITING BD 
... BOND. 












KNOW ALL MEN BY THESE — 


C ANNEST SURETY INSURANCE COMPANY 


' and N/A. 


us sureties, are held and firmly ə unto the City of Fort Wayne, diana: in the rom of 

. FIVE PERCENT OF BID (5%) NOT TO EXCEED Te et 
ONE THOUSAND AND TER ик ки ак әз ДИ do 

— ok -— — —— — - — llars 














($L0N0.00*+**KKKkkkk ) to be paid to the said City of Fort Wayño, Tndiana, or is 
successors or assigns, for the payment of which, weli and truly made, we hereby bind ourselves, 
our heirs, succesors, executors and administrators, jointly and 2. .. by these 577 

SIGNED AND SBALED at INDIANAPOLIS, * IN this 


23rd 
















— PE: wayne, IN 46803 





made this day to the City of Fort Wayne, State of Indiana, PÅ əə i the Contae. Seared to to 
the above bidder, and the bidder shall, within ten (10) days after such award is made, enter into a 
conan with the City of Fort Wayne, State of Indiana, for the work bid upon, and give bond as 
a uired, then this 77 shall be null and void; otherwise, it shall rernain in full force and 
effect. да 550 дә 





oa S. Es Jahn Con 1 Inc. e 
a Ë 








00 “Enclosed herewith, find Cashier's or Ce 
HEIN veing 5% of the maximum bid herein, 





rtified Check for $ 
made payab e to 













the 19: ende of bicho are to main cho: absolute 
) BIDDER ` EN 

shall not within 10 days after Notice of Арс да ла of the within’ bid 

enter into a written contract and secure said contract by a 

Performance Bond for the full amount of-the-contract to-th 

of rhe proper o fic tats of Said СА 











NOTE 2: Use this form if ‘Bidder’ s Bond accompanies bid 





o 15347 herevith, find a Bidder” e Bond in an далыны, ‘equal to five 
percent (5%) of maximum bid herein, subject to the approval of the ` 
Board of Public Works and Safety, „conditi: ned as follows: 





That if the Board of Public Works and "üə shall award the contract 
for said work, and 42, 5.Е. JAHN Ы) : 





BIDDER + 
shall enter into a Conte and Гәдә ана | ә 100% 10 Bond, “as 
required, within ten days (10) from the date, he/she/it is notified © 
Of the acceptance of his/her/its bid, then the obligation of said 
bond shall pe null and void; otherwise, to remain in 2431 Согде: and 
effect. 
























































POVVER NUMBER AMVVEST SURETY INSURANCE COMPANY . VOID IF NOT USED BY. 
2 v 1 P.O. BOX 4500, WOODLAND HILLS, CA 91365-4500 
.- Е24001 = (818) 704-1111 * JANUARY 1, 1991 
BOND NUMBER ` 
—. LIMITED POWER OF ATTORNEY No Power of Аноипеу on this for 
(READ CAREFULLY) shall be valid as to bonds, under- 
: kings, 4 
This Power of Attorney has been To be used only in conjunction with the bond — dene in the. һаа 
delivered in connection with the specified herein 
Sene NET pi rein. thereof executed on or after said 
. expiration date. 
NAME OF PRINCIPAL: S.E. JAHN CO., INC. PENAL SUM $1,000.00 — 
NAME OF OBLIGEE: CITY OF FORT WAYNE, INDIANA 














This Power of Attorney may not be used in conjunction with any other power of attorney. This Power of Attorney is void if altered or erased. This document 
is printed on blue paper with black and red ink. This power of attorney bears a raised seal of AMWEST SURETY INSURANCE COMPANY. Only originals 
of this Power of Attorney are valid. No representations or warranties regarding this Power of Attorney may be made by any person other than an authorized 
officer of AMWEST SURETY INSURANCE COMPANY, and must be in writing. Questions or inquiries regarding this Power of Attorney must be addressed 
to AMWEST SURETY INSURANCE COMPANY at the address and telephone number set forth at the top of this Power of Attorney, Attention: Underwriting 
Department. This Power of Attorney shall be governed by the laws of the State of California. Any power of attorney used in connection with any bond issued 
by AMWEST SURETY INSURANCE COMPANY on or after February 21, 1989 must be on Amwest Form UN-A1007 (REV. 2/89). All other previous power 
of attorney forms issued by AMWEST SURETY INSURANCE COMPANY have been revoked and are of no further force or effect. 








KNOW ALL MEN BY THESE PRESENTS, that AMWEST SURETY INSURANCE COMPANY, A CALIFORNIA CORPORATION, (the "Company”), does hereby 
make, constitute and appoint 


SHARON E. CALVIN AS EMPLOYEE OF AMWEST SURETY INSURANCE COMPANY 


its true and lawful Attorney(s)-in-Fact, with limited power and authority for and on behalf of the Company as surety, to execute and deliver and affix the seal of the 
Company thereto if a seal is required, bonds, undertakings, recognizances or other written obligations in the nature thereof, as follows: 


Bid Bonds up to $250,000; 

Contract, Court & Subdivision Bonds up to $500,000; 

Small Business Administration Guaranteed Bonds up to $1,250,000; 
License & Permit Bonds up to $100,000; 

Miscellaneous Bonds up to $25,000. 


and to bind AMWEST SURETY INSURANCE COMPANY thereby. This appointment is made under and by authority of the following provisions of the By-Laws 
of the Company, which are now in full force and effect: 
Article III, Section 7 of the By-Laws of AMWEST SURETY INSURANCE COMPANY 
This Power of Attorney is signed and sealed by facsimile under and by the authority of the following resolutions adopted by the board of directors ol 
AMWEST SURETY INSURANCE COMPANY at a meeting duly held on December 15, 1975. 
RESOLVED that the president or any vice-president, in coniunction with the senretəry or any assistant secretary, may apooint attorneys-in-fact 
or agents with authority as defined or limited in the instrument evidencing the appointment in each case, for and on behalf of the Company to execute 
and deliver and affix the seal of the Company to bonds, undertakings, recognizances, and suretyship obligations of all kinds; and said officers may 
remove any such attorney-in-fact or agent and revoke any power of attorney previously granted to such person. 
RESOLVED FURTHER that any bond, undertaking, recognizance, or suretyship obligation shall be valid and binding upon the Company 
(i) when signed by the president or any vice-president and attested and sealed (if a seal be required) by any secretary or assistant secretary; or 
(ii) when signed by the president or any vice-president or secretary or assistant secretary, and countersigned and sealed (if a seal be required) 


by a duly authorized attorney-in-fact or agent, or 
(iii) when duly executed and sealed (if a seal be required) by one or more attorneys-in-fact or agents pursuant to and within the limits of the 


authority evidenced by the power of attorney issued by the Company to such person or persons. 

RESOLVED FURTHER that the signature of any authorized officer and the seal of the Company may be affixed by facsimile to any power 
of attorney or certification thereof authorizing the execution and delivery of any bond, undertaking, recognizance, or other suretyship obligations of 
the Company; and such signature and seal when so used shall have the same force and effect as though manually affixed. 


IN WITNESS WHEREOF, AMWEST SURETY INSURANCE COMPANY has caused these presents to be signed by its proper officers, and its corporate 


seal to be hereurto affixed is 70 day ot. — December | 19:89. 


Lip = £ <= 





Gary R. Peterson, President 





STATE Or CALIFORNIA, COUNTY OF LOS ANGELES — ss 


Ontnis 7 _ dayot December ад, 19 89 personally came before me — Gary R. Peterson and Karen G. Cohen 


to me known to be the individuals and officers of AMVVEST SURETY INSURANCE COMPANY, CALIFORNIA who executed the above instrument, and they eact 
acknowledged the execution of the sama. and being hv me duly sworn, did severally depose and say: that they are the said officers of the corporation aforesaid 








NAME Ur ÚDLIGEE. EEE R 








This Povver of Attorney may not be'used in conjunction with any other power of attorney. This Power of Attorney is void if altered or erased. This document 
is printed on blue paper with black and red ink. This power of attorney bears a raised seal of AMVVEST SURETY INSURANCE COMPARY. Oniy originals 
of this Power of Attorney are valid. No representations or warranties regarding this Power of Attorney may be made by any person other than an authorized 
officer of AMVVEST SURETY INSURANCE COMPANY, and must be in writing. Questions or inquiries regarding this Power of Attorney must be addressed 
io AMWEST SURETY INSURANCE COMPANY at the address and telephone number set forth at the top of this Power of Attorney, Attention: Underwriting 
Department. This Power of Attorney shall be governed by the laws of the State of California. Any power of attorney used in connection with any bond issued 
by AMWEST SURETY INSURANCE COMPANY on or after February 21, 1989 must be on Amwest Form UN-A1007 (REV. 2/89). All other previous power 


of attorney forms issued by AMWEST SURETY INSURANCE COMPANY have been revoked and are of no further force or effect. 





KNOW ALL MEN BY THESE PRESENTS, that AMVVEST SURETY INSURANCE COMPANY, A CALIFORNIA CORPORATION, (the "Company"), does herel 


make, constitute and appoint 


SHARON E. CALVIN AS EMPLOYEE OF AMWEST SURETY INSURANCE COMPANY 


its true and lawful Attorney(s)-in-Fact, with limited power and authority for and on behalf of the Company as surety, to execute and deliver and affix the seal of t 


Company thereto if a seal is required, bonds, undertakings, recognizances or other written obligations in the nature thereof, as follows: 


Bid Bonds up to $250,000; 

Contract, Court & Subdivision Bonds up to $500,000; 

Small Business Administration Guaranteed Bonds up to $1,250,000; 
License & Permit Bonds up to $100,000; 

Miscellaneous Bonds up to $25,000. 


and to bind AMWEST SURETY INSURANCE COMPANY thereby. This appointment is made under and by authority of the following provisions of the By- 


of the Company, which are now in full force and effect: 
Article III, Section 7 of the By-Laws of AMWEST SURETY INSURANCE COMPANY 


La 


This Power of Attorney is signed and sealed by facsimile under and by the authority of the following resolutions adopted by the board of directors 


AMVVEST SURETY INSURANCE COMPANY at a meeting duly held on December 15, 1975. 

RESOLVED that the president or any vice-president, in conjunction with the searetary or any assistant secretary, may appoint attorneys-in-fact 
or agents with authority as defined or limited in the instrument evidencing the appointment in each case, for and on behalf of the Company to execute 
and deliver and affix the seal of the Company to bonds, undertakings, recognizances, and suretyship obligations of all kinds; and said officers may 
remove any such attorney-in-fact or agent and revoke any power of attorney previously granted to such person. 

RESOLVED FURTHER that any bond, undertaking, recognizance, or suretyship obligation shall be valid and binding upon the Company 

(i) when signed by the president or any vice-president and attested and sealed (if a seal be required) by any secretary or assistant secretary; or 

(ii) when signed by the president or any vice-president or secretary or assistant secretary, and countersigned and sealed (if a seal be required) 
by a duly authorized attorney-in-fact or agent; or 

(iii) when duly executed and sealed (if a seal be required) by one or more attorneys-in-fact or agents pursuant to and within the limits of the 
authority evidenced by the power of attorney issued by the Company to such person or persons. 

RESOLVED FURTHER that the signature of any authorized officer and the seal of the Company may be affixed by facsimile to any power 
of attorney or certification thereof authorizing the execution and delivery of any bond, undertaking, recognizance, or other suretyship obligations of 
the Company; and such signature and seal when so used shall have the same force and effect as though manually affixed. 


IN WITNESS WHEREOF, AMWEST SURETY INSURANCE COMPANY has caused these presents to be signed by its proper officers, and its corpor: 


seal t; be hersunio affixed this — 7 дау of December 190945 








Gary R. Peterson, President 


STATE Of CALIFORNIA, COUNTY OF LOS ANGELES — ss 


Karen G. Cohen, Secre 


Ontnis__7 dayor December AD, 19 89 , personally came before me Gary R. Peterson and Karen G. Cohen 








to me knovvn to be the individuals and officers of AMVVEST SURETY INSURANCE COMPANY, CALIFORNIA who executed the above instrument, and they e¿ 
acknowledged the exacution of the same, and being by me duly sworn, did severally depose and say: that they are the said officers of the corporation afores 
and that the seal affixed to the above instrument is the seal of the corporation, and that said corporate seal and their signatures as such officers were duly affi» 


and subscribed to the said instrument by the authority of the board of directors of said corporation. 





STATE OF CALIFORNIA, COUNTY OF LOS ANGELES — ss 
CERTIFICATE 


I, the undersigned, 





(SEAL) Cena Aa Le 


Notary Pt 


secretary of the AMWEST SURETY INSURANCE COMPANY, a California corporation, DO HEREBY CERTIFY that 


foregoing and attached Power of Attorney remains in full force and has not been revoked, and furthermore, that the provisions of the By-Laws of the Compi 


and the Resolutions of the board of directors set forth in the Power of Attorney, are now in force. 





Signed and sealed at Indianapolis, IN this 23Td. day of JULY 19 90 








u 


ran G Canan Sacre 


Bidder /Vendor 


Anti-Apartheid Certification 


The undersigned, on behalf of 5. E. Jahn Co., İnc. does hereby 


make the following representations to the City of Fort Wayne, Indiana. 


WHEREAS, it is acknowledged that the Common Council of the 
City of Fort Wayne, Indiana, has passed an ordinance condemning the 


apartheid policies of the country of South Africa; 


WHEREAS, council's ordinance requires that all persons, firms 
lons submitting bids to the City, for goods and services, 
stify, as part of the bid, that such entity does not support the 


policies of apartheid in South Africa. 


The undersigned states, on behalf of 


S. F. Jahn Co., Inc. , that they 
does not support or endorse the policy of apartheid 
in South Africa. 
IN WITNESS WHEREOF, this certification has been 
signed this 25 day of July ә 19 90. 


Name of Bidder/Vendor 










Steven E. Ja 
and Title 


y President 


Nam f Person Signing 


BV-1 


< 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


Each Bidder is required to file a fully executed 
Certificate of Non-Segregated Facilities once a year. 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The Bidder certifies that he does not maintain or 
provide for his employees any segregated facilities at any of 
his establishments, and that he does not permit his employees 
to perform their services at any location, under his control, 
where segregated facilities are maintained. The Bidder 
certifies further that he will not maintain or provide for 
his employees any segregated facilities at any of his 
establishments and that he will not permit his employees to 
perform their services at any location under his control 
where segregated facilities are maintained. The Bidder 
agrees that a breach of this certification will be a 

tTolation of the Equal Opportunity clause in any contract 
ulting from acceptance of this bid. As used in this 
certification, the term “segregated facilities" means any 
waiting room, work area, restrooms and washrooms, restaurant 
or dressing areas, parking lots, drinking fountains, 
recreation or entertainment areas, transportation and housing 
facilities provided for employees which are segregated by 
explicit directive or are in fact segregated on the basis of 
race, color, religion, or national origin, because of habit, 
local custom, or otherwise. The Bidder agrees that (except 
where the Bidder has obtained identical certification from 
proposed subcontractors for specific time periods) he will 
obtain identical certification from proposed subcontractors 
prior to the award of subcontracts exceeding $10,000 which 
are not exempt from the provisions of the Equal Opportunity 
clause and that he will retain such certifications in his 
files. 


NOTE: THE PENALTY FOR MAKING FALSE STATEMENTS IN OFFERS IS 
PRESCRIBED IN 18 U.S.C. 1001. 


Date: July 25 ә, 1990” 


S. E. Jahn Co., Inc. 
Name of Bidder 


By: Ka) 


Title: President 








Official Address: (including zip code) 
1021 E. Wallace Street 





Ft. Wayne, IN 46803 





NSF-1 


CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 





' 1, Steven E. Jahn ? one President 
name 
of S. E. Jahn Co., Inc. 
position company 


HEREBY CERTIFY THAT: 


E That the Financial Statement of said Company, dated the 31st 
day of) DEA IS. now on file vin the 
office of the Board of Public Works and Safety of the City of 
Fort Wayne, Indiana. made a part hereof, is a true and correct 
statement. and, accurately reflects the financial condition of 
said Company, as of the date hereof: and, 


< That I am familiar with the books of said Company, showing its 
financial condition and am authorized to make this certificate 


on its behalf. 


DATE: duly 25, 1990 : 





10 SWORN to before me. a Notayy Public. in and for said 
ate. this ) day of gi 1990: 






CFS-1 


‘EMERGING BUSINESS ENTERPRISE (EBE) COMMITMENT FORM * 


THE FOLLOWING 1S THE UNDERSIGNED”S COMMITMENT TO THE EBE GOALS OF THE 
CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 





























A. The undersigned firm certifies that it is an EBE 
Contractor. 

For EBE specify percentage of the economically 
disadvantaged individual’s ownership % 

B. The undersigned certifies that it and 
firm (EBE) have entered a joint venture to perform 
this contract. 

С., The undersigned commits % of the total bid price 
as a subcontract to Emerging Business Enterprise 
participation. The EBE firms. which are proposed as 
subcontractors, are the folloving: 

NAME OF FIRM ADDRESS TYPE OF VORK % TO BE 

-` SUBCONTRACTED 
1. 
Zə 
3. 
Di Cemplete (1.1 below. and a Request for Waiver form if the 
participation goal of 10X for EBES :s not to be met. 
1. My Company vill not meet the participation goals for 
the folloving reasons: 
A11 work to be done by our own forces 
(Attach additional sheets as necessary.) 
Contractor: S. E. Jahn Co., Inc. — Contractor: 





President Its: 





EBE-1 


STREET BARRICADE MAINTENANCE INFORMATION 


Listed belovv are the names and telephone numbers of the persons responsible for the maintenance 
of the barricades necessary for the duration of this Contract. 


Name Telephone Number 
Paul Lichtsinn 447-7756 
Roger Rausch AA SIS O saa: 





Y 
O Tn,  , 
Contractor 


m 


n No, 


SBM-1 


Prescribe: the State Board of Accounts Form No. 96 (Revised 1987) 
rar ә 


na CONTRACTORS BID FOR PUBLIC WORKS 
PART I 


(To be completed for all bids) 
(Please type or print) 














Date: — July 25, 1990 
1. Governmental Unit: ity o? Por Wane S 0 ии = 
2. County: Allen 
3. Bidder (Firm): —S. B. Jahn Co., Inc. 
Address: 1021 E. Wallace Street 
City/State: Ft. Wayne, IN 46803 





4. Telephone Number: ӘДӘД АБА x Me Ы 


5. Agent of Bidder (If applicable): 





Pursuant to notices given, the undersigned offers to furnish labor and/or material necessary to complete 
the public works project of City. of F -— (Governmental Unit) in accordance vvith plans and 
specifications of said unit for the sum of — See Bid Form Фа) The undersigned further 
agrees to furnish a bond or certified check with this bid for an amount specified in the notice of the letting. If 
alternative bids apply, submit a proposal for each in accordance with the notice. 





If additional units of material included in the contract are needed, the cost of units must be the same as 
that shown in the original contract. If the bid is to be awarded on a unit basis, the itemization of units shall be 
shown on a separate attachment. The Contractor and his subcontractors, If any, shall not discriminate against or 

2 any employee, or applicant for employment, to be employed in the performance of this contract, with 

St to any matter directly or indirectly related to employment because of race, religion, color, sex, national 

origin or ancestry. Breach of this covenant may be regarded as a material breach of the contract. 


CERTIFICATION OF USE OF UNITED STATES STEEL PRODUCTS 
(If applicable) 


I, the undersigned bidder or agent as a contractor on a public works project, understand my statutory 
obligation to use steel products made in the United States. 1.C. 5-16-8-2. I hereby certify that I and all 
subcontractors employed by me for this project will use U.S. steel products on this project if awarded. I 
understand that violations hereunder may result in forfeiture of contractual payments. 


NON-COLLUSION AFFIDAVIT 


The undersigned bidder or agent, being duly sworn on oåth, says that he has not, nor has any other 
member, representative, or agent of the firm, company, corporation or partnership represented by him, entered 
combination, collusion or agreement with any person relative to the price to be bid by. anyone at such 
or to prevent any person from bidding nor to induce anyone to refrain from bidding, and that this bid is 
de without reference to any other bid and without any agreement, understanding or combination with any 
other person in reference to such bidding. 


He further says that no person or persons, firms, or corporation has, have or will receive directly or 
Indirectly, any rebate, fee, gift, commission or thing of value on account of such sale. 


OATH AND AFFIRMATION 


I affirm under the penalties of perjury that the foregoing facts and information are true and correct to the 
best of my knowledge and belief. 


Dated\at A lg OCH Ee qay of Ude Ол: 90 


(Name of Organization) 


By A 


(Title of Person Signing) 


ACKNOWLEDGEMENT 
STATE OF Indiana ) 
) SS: 


county OF — Allen ) 





Pursuant to notices given, the undersigned offers to furnish labor and/or material necessary to complete 
the public works project of ity of Ft. Wayne (Governmental Unit) in accordance with plans and 
specifications of said unit for the sum of ee bi orm $ The undersigned further 
agrees to furnish a bond or certified check vvith this bid for an amount specified in the notice of the letting. If 
alternative bids apply, submit a proposal for each in accordance with the notice. 





If additional units of material included in the contract are needed, the cost of units must be the same as 
that shown in the original contract. If the bid is to be awarded on a unit basis, the itemization of units shall be 
shown on a separate attachment. The Contractor and his subcontractors, If any, shall not discriminate against or 
intimidate any employee, or applicant for employment, to be employed in the performance of this contract, with 
respect to any matter directly or indirectly related to employment because of race, religion, color, sex, national 
origin or ancestry. Breach of this covenant may be regarded as a material breach of the contract. 


CERTIFICATION OF USE OF UNITED STATES STEEL PRODUCTS 
(If applicable) 


I, the undersigned bidder or agent as a contractor on a public works project, understand my statutory 
obligation to use steel products made in the United States. 1.C. 5-16-8-2. I hereby certify that I and all 
subcontractors employed by me for this project will use U.S. steel products on this project if awarded. I 
understand that violations hereunder may result in forfeiture of contractual payments. 


NON-COLLUSION AFFIDAVIT 


The undersigned bidder or agent, being duly sworn on oath, says that he has not, nor has any other 
member, representative, or agent of the firm, company, corporation or partnership represented by him, entered 
into any combination, collusion or agreement with any person relative to the price to be bid by. anyone at such 
letting nor to prevent any person from bidding nor to induce anyone to refrain from bidding, and that this bid is 
made without reference to any other bid and without any agreement, understanding or combination with any 
other person in reference to such bidding. gå 


He further says that no person or persons, firms, or corporation has, have or will receive directly or 
indirectly, any rebate, fee, gift, commission or thing of value on account of such sale. 
OATH AND AFFIRMATION 


I affirm under the penalties of perjury that the foregoing facts and Information are true and correct to the 
best of my knowledge and belief. 











sd at this — 25th day of July /19 90 
ss inc: 
(Name of Organization) 
üs By = 
i i 
: 1 (Title of Person Signing) 
ACKNOVVLEDGEMENT 
STATE OF. .— Indianet 00 асыб) 
3 ) SS: 
county ов Allen 9 : 
så tenencia Xo ə ə being duly svvorn, deposes and says that he is 
— Brosidentiv 22 “ Obtiihe'aboye S. E. Jahn Co., Inc.” - and that the 
zə, (Title) (Name of Organization) 


statemenis contained in the foregoing bid, certification and affidavit are true and correct. 


Subscrived and sworn to before me this — 25 дау of 





My Commission Ехртев: — 9/12/ 010 
` 
County of Residence: LI 
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PART II 


(Complete sections I, II, lll and IV for all state and local 
public works projects as required by statutes.) 


Governmental Unit: City of Fort Wayne 


Bidder (Firm): — Ea dabn Go, Ine. 0... + iS 
Date: —— СӘҺ ДОНМА ЈИ, it 





These statements to be submitted under oath by each bidder with and as a patt of his bid. Attach 
additional pages for each section as needed. 


SECTION | EXPERIENCE QUESTIONNAIRE = Ы 


1. VVhat public vvorks projects has your organization completed? 






















Contract Amount Class of VVork 


VVhen Completed Name and Address of Ovvner 











85,000.00 Coesse School, Columbia City, I 

413,167.00 
110.00 Carnegie Public Library, Angola] IN 

201,900.00 Fast Allen Co. Schools, Ft. Wayhe, IN 


2. What public works projects has your organization now in process of construction? 


Roofing 











Roofing | Jay School corp., Portland, IN 













Roofin 





_Roofing 



















When to be 
Completed 





Contract Amount Class of Work 


Name and Address of Owner 











800.00 
264 490.00 
138,526.00 





North Judson-San Pierre School, NorthyJudson, 












Triton Elem. School, Bourbon, I 

















Midtowne Crossing, Ft. Wayne, I 











139,860.00 Fairfield Jr/Sr High School, Go hen, IN 
3. Have you ever-failed to complete any work awarded to you? NOS NE си iso, vhere and why? 














4. List references from private firms for Which you have performed work. 


i S, Steel, New York, NY-Best Warehouse, New Haven, IN : 


o IN 





—Sealed Power, Auburn, IN 


Naas Foods, Portland, IN 








iMCOUNTY or E Alene 


b 22. mår boiqpass: å bid evade 241 





SECTION II PLAN AND EQUIPMENT QUESTIONNAIRE 
1. Explain your plan or layout for performing proposed work. Ås per plans and specifications 


"A 


2. If you intend to sublet any portion of the work, state the name and address of each subcontractor, 
equipment to be used by the subcontractor, and whether you expect to require a bond. 


3. What equipment do you intend to use for the proposed project? ÅS needed 


Have you made contracts or received offers for all materials within prices used in preparing your proposal? Yes 


SECTION 11 CONTRACTOR'S FINANCIAL STATEMENT 


Attachment of bidder's financial statement is mandatory. Any bid submitted without said financial 
statement as required by statute shall thereby be rendered invalid. The financial statement provided hereunder 
to the governing body awarding the contract must be specific enough in detail so that said governing body can 
make a proper determination of the bidder's capability for completing the project if awarded. 


SECTION IV OATH AND AFFIRMATION 


hereby affirm under the penalties of perjury that the facts and information contained in the foregoing bid 
for public works are true and correct to the best of my knowledge and belief. 


Dated. ə 1 ии nis ЫБ 2616... day ola ı 119290 


hate вәвәзи (089 16? eo 


F t A 10 (Name of Organization) 


aiey ofte IG KN 





ли 











ACKNOVVLEDGEMENT 
STATEOF — İndiana 9 Mead. 4 ə ODER. i 
) SS: ti Poets 4.2. pon tor | 

Hun ritt GG 


Ели, 7231! sya qəs na l tønne 
Steven E. Jahn being duly sworn, deposes and says that he is | 
President —  oftheabove — S. E. Jahn Co., Inc. — ` and that the 


(Title) (Name of Organization) 
answers to the questions in the foregoing questionnaires and all statements therein contained are true and 


correct, ei EGEN 


Subscribed and sworn to before me this ARIEL N 


My Commission Expires: 2912791: r əzələ me - 
Allen : ә b roya E... 





County of Residerice: 





S.E. Tahn Roofing, Inc. 
Fort Vayne, Indiana 








Compiled Financial Statements 





Years Ended December 31, 1989 and 1988 
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Statements of Retained Earnings 


S.E. Jahn Roofing, Inc., Fort Wayne, Indiana 


Year Ended December 31, 


1989 1988 

Balance - beginning of year 
. as previously stated $ 321,232.98 $ 284,955.33 
Prior period adjustments - Note 9 ə (23,831.05) 
Balance - beginning of year 

as restated 321,232.98 261,124.28 
Net earnings for the year - 

Exhibit C 21,111.05 60,108.70 
Balance – end of year $ 342,344.03 $ 321,232.98 


DULIN, WARD & DeWALD, INC. 


See accountants' compilation report and notes to financial statements. 
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DULIN, WARD 8: DeWALD, INC, 


Statements of Earnings 


S.E. Jahn Roofing, Inc., Fort Wayne, Indiana 


Contract Revenues - Schedule 1 


Costs and Expenses 


Cost of contracts completed - 
Schedule 1 

General and administrative expenses - 
Schedule 2 

Interest expense 


Operating Income 


Other Income 
Aviation Expenses 


Earnings Before Income Taxes 


Income Taxes - Note 7 


Net Earnings 


Year Ended December 31 


1989 1988 


$ 1,707,497.76 $ 2,288,992.93 


1,373,858.33 1,890,374.27 


252,246.12 284,304.87 
51,061.96 44,752.10 
1,677,166.41 — 2,219,431.24 
30,331.35 69,561.69 
11,039.70 8,576.30 


(14,448.00) (16,249.00) 


26,923.05 61,888.99 


: 5,812.00 1,780.29 


$ 21,111.05 $ 60,108.70 


See accountants’ compilation report and notes to financial-statements. 
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DULIN, WARD & DeWALD, INC. —— — n ——————— 





Statements of Cash Flovs 


S.E. Jahn Roofing, Inc., Fort Wayne, Indiana 


Year Ended December 31, 
1989 1988 


Cash Flows from Operating Activities 
Net earnings – Exhibit C $ 21:111205 - $ 60,108.70 
Adjustments to reconcile net earnings 

to net cash provided by operating 





activities: 
Depreciation 48,847.41 58,336.87 
Provision for bad debts 12,516.01 40,605.94 
(Gain) loss on disposition of fixed asset 16,600.00 (156.12) 
Changes in assets and liabilities: 
(Increase) in accounts receivable (122,163.81) (34,165.19) 
(Increase) in refundable income taxes (16,318.00) -o- 
(Increase) in inventory (22,207.19) (25,781.75) 
(Increase) decrease in prepaid expenses 832.18 (2,812.67) 
(Increase) in deposits (1,445.15) (185.00) 


(Increase) in costs and estimated 
earnings in excess of billings 


on uncompleted contracts (10,916.26) (24,239.99) 
Increase in accounts payable - trade 121,595.20 30,814.61 
Increase (decrease) in employees" payroll . 

deduction and sales tax collected 8,590.04 (51,530.22) 
(Decrease) in accrued expenses (67.75) (4,330.48) 


Increase (decrease) in excess of costs 

and estimated earnings on umcompleted 
contracts (7,128.34) 1,269.26 
Increase in deferred income taxes 21,056.00 2,442.29 
Net cash provided by operating activities 70,901.39 50,376.25 


- 


Cash Flovs from Investing Activities 


Purchase of fixed assets (22,808.79) (89,985.35) 
Proceeds from sale of fixed assets son 27,950.00 
Net cash used for investing activities (22,808.79) (62,035.35) 
Cash Flows from Financing Activities 
Proceeds from long-term liabilities 103,600.00 278,284.86 
Principal payments on long-term liabilities (131,984.54) (175,738.25) 
Net cash provided by (used for) 
financing activities (28,384.54) 102,546.61 


Net Increase (Decrease) in Cash 
and Temporary Investments, +, lun 19 708.06 90,887.51” 


Cash and Temporary Investments ~ 
beginning of year 100,016.89 ` 9,129.38 


Cash and Temporary Investments ~ 
end of year $ 119,724.95 $ 100,016.89 


— —— 


bed. 





See accountants" compilation report and notes I с. ül statements. 


5. 


å 


Statements of Cash Flows 


S.E. Jahn Roofing, Inc., Fort Wayne, Indiana 


Year Ended December 31, 
1989 1988 


Cash Flows from Operating Activities 
Net earnings - Exhibit C $ 21,111.05 $ 60,108.70 
Adjustments to reconcile net earnings 

to net cash provided by operating 


activities: 
Depreciation 48,847.41 58,336.87 
Provision for bad debts 12,516.01 40,605.94 
(Gain) loss on disposition of fixed asset 16,600.00 (156.12) 
Changes in assets and liabilities: 
(Increase) in accounts receivable (122,163.81) (34,165.19) 
(Increase) in refundable income taxes (16,318.00) -o- 
(Increase) in inventory (22,207.19) (25,781.75) 
(Increase) decrease in prepaid expenses 832.18 (2,812.67) 
(Increase) in deposits (1,445.15) (185.00) 


(Increase) in costs and estimated 


z earnings in excess of billings 
8 on uncompleted contracts (10,916.26) (24,239.99) 
$ Increase in accounts payable - trade 121,595.20 30,814.61 
ö Increase (decrease) in employees" payroll 
= deduction and sales tax collected 8,590.04 (51,530.22) 
å (Decrease) in accrued expenses (67.75) (4,330.48) 
z Increase (decrease) in excess of costs 
s and estimated earnings on umcompleted 
9 contracts (7,128.34) 1,269.26 
Increase in deferred income taxes 21,056.00 2,442.29 
Net cash provided by operating activities 70,901.39 50,376.25 
Cash Flows from Investing Activities 
Purchase of fixed assets (22,808.79) (89,985.35) 
Proceeds from sale of fixed assets mo 27,950.00 
Net cash used for investing activities (22,808.79) (62,035.35) 
Cash Flows from Financing Activities 
Proceeds from long-term liabilities 103,600.00 278,284.86 
Principal payments on long-term liabilities (131,984.54) (175,738.25) 
Net cash provided by (used for) 
financing activities (28,384.54) 102,546.61 
Net Increase (Decrease) in Cash 
and Temporary Investments – een 19,708.06 90,887.51 ` 
Cash and Temporary Investments — 
oe beginning of year 100,016.89 _ 9,129.38 
Cash and Temporary Investments - 
end of year $ 119,724.95 $ 100,016.89 





AEE: 
søre 


See accountants" compilation report and notes Statements. 
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Notes to Financial Statements 


S.E. Jahn Roofing, Inc., Fort Wayne, Indiana 
December 31, 1989 and 1988 


Summary of Significant Accounting Policies 


The Company records profits on fixed-price construction contracts on the 
percentage-of-completion basis, determined by the ratio of costs incurred 
to management"s estimate of total anticipated costs. As these construc- 
tion contracts progress, revisions in cost and profit estimates are re- 
flected in the accounting period in vhich the facts vhich require the re- 
vision become known. If estimated total costs on any contract indicate a 
loss, the Company provides currently for the total loss anticipated on 
the contract. The asset, "Costs and estimated earnings in excess of 
billings on uncompleted contracts," represents revenues recognized in 
excess of amounts billed. The liability, "Billings in excess of costs 
and estimated earnings on uncompleted contracts,” represents billings in 
excess of revenues recognized. 


For income tax purposes, the Company records profits on construction con- 
tracts on the completed contract method. Deferred income taxes have been 
provided for differences between income for financial reporting and tax 


purposes. 


Revenues from time-and-material contracts are recognized currently as the 
work is performed. 


Inventories are valued at the lover of costs or market with cost being com- 
puted by the first-in, first-out method. 


The Company follows the policy of providing depreciation on both the 
straight-line and accelerated methods for both financial reporting “and 
tax purposes over the estimated useful lives of the assets which are as 


follows: 


Building improvements 7 - 31 years 

Office equipment 5 - 8 years 

Machinery and equipment 4 - 8 years 

Transportation equipment 3 - 5 years 
6. 
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5. Costs and Estimated Earnings on Uncompleted Contracts 


————— —  — RT 


` 
Year Ended December 31, 


1989 1988 
Costs incurred on 
uncompleted contracts $ 656,107.29 $ 284,750.37 
Estimated earnings 299,753.04 101,931.02 
955,860.33 386,681.39 
Less billings to date 874,246.36 323,112.02 
$ 81,613.97 $ 63,569.37 


Included in the accompanying balance 
sheet under the following captions: 
Costs and estimated earnings 
in excess of billings on uncom- 
pleted contracts $ 87,461.37 $ 76,545.11 
Billings in excess of costs and 
estimated earnings on uncom- 
pleted contracts (5,847.40) (12,975.74) 


$ 81,613.97 $ 63,569.37 


ER 
z 
g 
$ 6. Accounts Receivable - Officer 
å 
Få The accounts receivable in the amounts of $116,847.23 and $117,037.09 at 
S December 31, 1989 and 1988, respectively, represents advances to an 
= officer who is the sole shareholder of the Company. A summary of the 
3 activity in this account follows: 
o 
Year Ended December 31, 
1989 1988 
Balance - beginning of year $ 117,037.09 $ 131,659.03 
Advances 20,160.99 40,052.16 
Payments (20,350.85) (54,674.10) . 
Balance - end of year $ 116,847.23 $ 117,037.09 


7. Income Taxes 


The components of income taxes are as follows: 


Year Ended December 31, 


1989 1988 
Current ES $ (15,244.00) $ (662.00) 
Deferred 21,056.00 2,442.29 


$ 5,812.00 $ 1,780.29 


(continued) 
E 





7. Income Taxes (continued) 
Total income tax expense is different from the amount computed by applying 


the federal graduated rates to earnings before income taxes. The reasons 
for the differences are as follovs: 


Percentage of 


Tax Effect Pre-Tax Income 
Year Ended December 31, Year Ended December 31, 
1989 1988 1989 1988 


Expected income taxes 
(credits) at the : 
federal graduated rates $ 4,038.46 $ 10,472.25 15.0 7 16.9 2 
Increase (reductions) in 
taxes resulting from: 
State income tax - net of 


federal tax benefit 1,773.54 (504.75) 6.6 (.8) 
Other =0- (8,187.21) -o- (132) 
$ .:5/812:00576 $ 1: 780.29 21.6 % 2.92 
y A reconciliation of cash paid during the years for income taxes is as 
2 follows: 
g 
$ Year Ended December 31, 
å 1989 . 1988 
ә — — 
a 
< Income tax expense $ 5,812.00 $ 1,780.29 
Z Decrease in accrual 51500: 10,827.10 
3 Increase in refundable 16,318.00 =9= 
9 Increase in deferred 
income taxes (21,056.00) _ (2,442.29) 
Net Taxes Paid $ 1,589.00 $ 10,165.10 гај 


8. Leases 


The Company leases equipment and buildings from the shareholder and another 
company ovned by the shareholder, Woodlands Leasing. The Company charged 
to rent expense $59,878.30 and $60,103.74 for the years ended Decem- 
ber 31, 1989 and 1988, respectively, under month-to-month leases vith the 
related parties. Other short-term leases resulted in charges to opera- 
tions of $16,840.22 and $2,898.37 during 1989 and 1988, respectively. 
The Company accounts for all of these as operating leases. 


sei: 
a 
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9. Prior Period Adjustments 


Retained earnings at the beginning of 1988 has been adjusted to correct two 
errors on the 1987 financial statements. Included in operations for 1987 
was $36,673.00 from an insurance audit premium which was received and 
paid in 1988 but should have been expensed in 1987. Management also 
determined that $3,733.05 included in accounts receivable were bad debts 
deemed uncollectible and should have been written off in 1987. Had the 
misstatements not been made, net income for 1987 would have been 
decreased by $23,831.05 net of income taxes of $16,575.00. 


10. Account Receivable - Voodlands 


This account receivable in the amount of $145,562.49 and $153,803.00 at 
December 31, 1989 and 1988, respectively, represents the balance due from 
a related corporation. A summary of the activity in this account 


follovs: 
Year Ended December 31, 
1989 1988 
Balance - beginning of year $ 153,803.00 $ 138,900.19 
Advances “o 14,902.81 
Payments (8,240.51) -o- 
Balance - end of year $ 145,562.49 $ 153,803.00 


11. Interest Expense 


A reconciliation of cash paid during the years for interest is as follows: 


Year ended December 31, 


1989 1988 
Interest expense $ 51,061.96 $ 44,752.10 
(Increase) decrease in accrual 4,180.25 (8,593.72) 


Cash Interest Paid 5155242 21 $ 36,158.38 


Statements of Gross Profit 


S.E. Jahn Roofing, Inc., Fort Wayne, Indiana 


Year Ended December 31, 





1989 1988 
Contract Revenues - Note 1 $ 1,707,497.76 $ 2,288,992.93 
Cost of Contracts Completed 
Materials 572,241.16 836 ,404.72 
Labor 243,633.18 272,076.20 
Overhead: 
Commissions 82,644.85 105,527.13 
Depreciation - Note 1 37,643.76 42,297.46 
Equipment rental - Note 8 15,202.92 13,059.12 
Gas and oil 9,743.59 8,095.97 
Insurance - general 48,461.34 35,878.15 
Insurance - group 12,498.67 10,594.93 
Licenses, fees and permits 5,544.54 4,269.65 
Miscellaneous job costs 92,626.76 66,141.77 
ә Rent - buildings - Note 8 44,494.66 37,637.36 
z Repairs and maintenance 9,369.86 15,486.18 
g Small tools 3,561.15 3,772.34 
$ Subcontract 123,345.78 370,400.82 
8 Supplies š 3,430.39 1,733.07 
o Taxes - payroll 35,464.11 36,137.17 
$ Taxes - property 7,901.11 5,905.89 
z Travel expense 2,393.52 5,625.64 
3 Truck expense 19,765.67 13,479.75 
= Uniform rental 1,447.70 2,597.78 
Utilities 2,443.61 3,253.17 
557,983.99 781,893.35 
Total Costs of Contracts Completed 1,373,858.33 1,890,374.27 
Gross Profit $ 333,639.43 $  398,618.66 


See accountants" compilation report and notes to financial statements. 
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ecueauie 2 


' Statements of General and Administrative Expenses 
4 ` 
i S.E. Jahn Roofing Inc., Fort Wayne, Indiana 
Year Ended December 31, 
1989 1988 
Advertising $ 18,326.68 $ 23,659.84 
Auto expenses 2,794.11 7,212.05 
Bad debts 12,516.01 40,605.94 
Bid expenses 64.00 1,048.95 
Conferences and training 1,542.06 2,685.13 
Contributions 257.08 1,780.00 
Depreciation - Note 1 11,203.65 16,039.41 
Dues and subscriptions 1,897.50 1,495.13 
Equipment rental - Note 8 7,792.54 1,910.93 
Insurance - general 21,599.53 14,167.65 
Insurance — group 5,090.49 4,794.92 
Legal and professional 4,934.25 9,597.59 
Office supplies : : 8,433.71 12,032.78 
Rent - building - Note 8 9,228.40 10,394.70 
Repairs and maintenance 8,601.66 6,545.11 
g Salaries and wages 100,792.20 99,575.22 
s Taxes - other 7,083.40 1,881.22 
š Taxes - payroll 8,565.51 8,126.44 
Š Taxes - property $ 1,975.28 1,968.63 
ə Telephone 10,001.61 7,991.11 
= Temporary labor 520.00 1,800.00 
z Travel and entertainment i 6,344.08 6,493.38 
5 Utilities 2,682.37 2,498.74 
o 


$ 252,246.12 $ 284,304.87 


=, 


See accountants" compilation report and notes to financial statements. 
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å Read the first time in full and on motion by # 
seconded by —) ər əə , and duly adopted, fead the gerona time by 
title and referred to the Committee on å LAO (ang the 
City Plan Commission for recommendation) and Public Hearing to,be aeld after 
due legal notice, at the Council eos ir Gina СС. Building,. 
‘Fort Wayne, Indiana, on , the , day 
of nə sac o"clock 


-M.,E.S.T. 
DATED: yg 28-90 
















E. KENNEDY, CITY CLERK 
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Mata Ny 
Read the thiyd-time in full and on motion by RE reg : 
seconded by 2 EE , and duly adopted, placed on its 
- m ? š 


passage, PASSED by/the following vote: 








AYES NAYS ABSTAINED ABSENT 
2 p 
TOTAL VOTES 7 62— 











BRADBURY eae 








BURNS 





EDMONDS. ` 





GiaQUINTA 


— –—— 


HENRY 





LONG 





REDD 
SCHMIDT 
TALARICO “oğ 


DATED: P 22: på ; 1 


SANDRA E. 














KENNEDY, CITY CLERX 


Passed and adop 


ted by the Common Council of the City of Fort Wayne, 


Indiana, as 


(SPECIAL) 










ATTEST SEAL 


PRESIDING OFFICER 





SANDRA E. KENNEDY, 





Presented by me to-the Mayor of the City of Fort Wayne, Indiana, on 


“—— — 3 
the = day of =—— > LSE OS 


at the hour of Ago o"clock ә" ¿Ma E. 


< É 


SANDRA E. KENNEDY, CITY CLERK 


x Approved and signed by me this REN day of AMLEN , 
19 Yo S: 


, at the hour of o"cloğk ki E: S. De 


Ad 


PAUL HELMKE, MAYOR 
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TITLE OF ORDINANCE: Contract for Partial Roof Replacement and 
Repair Work for the Police Academy. 


DEPARTMENT REQUESTING ORDINANCE: Board of Public Works and Safety 


SYNOPIS OF ORDINANCE: The Contract is for Partial Roof 
Replacement and Repair vork for the Police Academy, 1717 
South Lafayette 

PRIOR APPROVAL BEING REQUESTED ON 8/28/90 


EFFECT OF PASSAGE: Improved roof replacement at above location 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $19,100.00 


= РУ 
eyra cı SE? 
ASSIGNED TO COMMITTEE; : b 


S-90-08-26 


BILL NO. 


REPORT OF THE COMMITTEE ON FINANCE 


THOMAS C. HENRY, CHAIRMAN 
DONALD J. SCHMIDT, VICE CHAIRMAN 
BRADBURY, BURNS, Gia UINTA 


WE, YOUR COMMITTEE ON FINANCE TO WHOM WAS 
REFERRED AN (ORDINANCE) (BESO) approving Contract FOR 
PARTIAL ROOF REPLACEMENT AND REPAIR Mi F m 

between S.E. JAHN COMPANY, I i 


Indiana, in connection wi bli 





HAVE HAD SAID (ORDINANCE) (RŞEQENŞEQNQ UNDER CONSIDERATION 
š AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (RESOLUTION) 


DO NOT PASS ABSTAIN NO REC 








Sandra E. Kennedy 
city Clerk 


